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PROCEEDINGS. 


Williamston,  N.,  0,  May  25th,  1867. 

In  accordance  with  a  resolution  adopted  at  a  meeting  at  Flat  Swampr 
the  Stockholders  of  the  Williamston  &  Tarboro'  Had  Road  Company 
U)et  in  Williamston,  on  Saturday  the  25th  May,  for  the  purpose  of  or- 
ganizing the  company. 

The  meeting  was  called  to  order  by  (J.  B.  Hassell.  ot  whose  motion 
A.  H.  Coffield,  Esq.,  was  called  to  the  Chair  and  J.  Edwin  Moore  ap- 
pointed Secretary. 

Portions  of  the  Charter  were  then  read  by  Hon.  J.  ft.  Stubbs — at 
the  conclusion  of  which  C.  B.  Hassell,  Treasurer  of  the  Commission, 
ers  for  the  solicitation  of  subscription,  reported  that  a  sufficient  amount 
had  been  subscribed,  and  the  uecessary  per  centage  paid  in  to  comply 
with  the  requirements  of  the  Charter,  and  authorize  the  organization 
of  the  Company. 

A  call  ol  Stock  was  then  made,  and  it  being  ascertained  that  a  mas 
jority  was  represented  in  the  meeting,  an  election  for  seven  Directors 
was  then  held  and  resulted  in  the  electiou  of  the  following  Stockholds 
ers:  J.  R.  Stubbs,  II.  D.  Robasoti,  Jos.  S.  Staton,  J.  Edwin  Moore, 
Jos   D.  Biges,  D.  W.  Bagley  and  Asa  Biggs. 

The  following  resolutions  Were  then  offered  by  Mr  Hassell,  and  af« 
ter  discussion  and  interchange  of  opinion,  adopted. 

1.  On  motion,  it  is  ordered  that  hereafter  the  Animal  Meeting  of  the  Stock- 
holders of  this  Company  be  held  at  the  Court  Ilouse  in  Williamston  on  the 
Second  Monday  in  June  of  each  year. 

2.  That  the  Directors  elected  at  this  meeting  hold  their  offices  until  the  next 
regular  meeting  of  the  Stockholders  of  the  Company,  and  that  those  hereafter 
elected  hold  their  offices  for  one  year  trorii  their  election. 

3.  That  the  salary  of  the  President  he  Three  Thousand  Dollars  a  year,  and 
that  the  same  be  paid  quarterly  by  the  Treasurer  from  any  monies  on  ham). 

On  motion  it  was  ordered  that  a  copy  of  the  proceedings  of  this 
meeting  be  furnished  the  Tarboro'  Southerner,  for  publication,  and 
that  the  papers  of  the  State,  and  of  Norfolk,  Ya.,be  requested  to  copy. 

On  motion  the  meetiug  adjourned. 

A.  H.  COFELETD,  u-i-  *n. 

J.  Edwin  Moore,  Secret?™ 


Williamston,  N.  C,  June  26th,  1868. 

At  fin  Annnnl  meeting  of  the  Stockholders  of  the  Company    an  or- 
/.  ti.011  w  s  :{io-(r<l  by   calling   A.    il.  Coifiell,   Esq.,   to  the  chair, 

■  r, |  ji'jii  i  a,<  hi  of  .1.   Edtfin  Ml)(>re,  Esq.,  as  Secretary 

motion  "i  (.en  I  W.  (J  Lewis,  the  Chairman  appointed  a  com- 
mittee of  three,  consisting  ol'  Con  l  W.  G  Lewis,  Hon,  Asa  Biggs  and 
Jus.  S.  Stuluu,  Esq  ,  to  usoertaiu  the  amount  of  Stock  represeuted  ia 
person,  and  to  verily  proxies. 

This  Committee,  upou  investigation,  reported  that  the  number  of 
shares  represented  in  peison  was  two  hundred  ai,d  eleven  and  by  proxy, 
one  hundred  and  twenty  nine,  constituting  a  majority  of  the  fctock. — 
The  report  was  concurred  in  by  the  Stockholders  and  the  Chairman  an* 
notrnced  a  quorum  present  lor  the  transaction  of  business. 

Hon.  J.  R.  Stubbs,  President,  submitted  his  Report  for  the  past 
year,  detailing  the  operations  of  the  Company  for  the  preceding  twelve 
months   which  was  adopted  and  ordered  to  be  filed. 

A  full  jtnd  minute  report  of  the  Engineer's  department  was  then 
mads  by  Gen'!  W.  G.  Lev/is,  detailing  the  different  lines  surveyed,  dis- 
tance", and  estimated  cost  of  each.  The  report  contained  many  excel- 
lent suggestions  in  regard  to  the  mode,  necessity  aud  advantage  of  the 
construction  of  the  lload. 

This  report  was  likewise  adopted  and  ordered  to  be  filed  with  the 
records  of  the  Company. 

Elder  C.  B;  Ilassell,  Treasurer  of  the  Company,  submitted  his  re- 
port, showing  the  amount  of  receipts  and  disbursements  during  the 
past  year.  A  coi'miitee  of  three,  consisting  of  D.  VV.  Bagley,  Wi  II. 
Carstarphen  and  John  11.  Lanier,  Esqrs.,  was  appointed  to  audit  the 
account  and  report  upon  the  same  at  the  next  regular  ineetiug  of  the 
Stockholders. 

Jud»e  Biggs,  as  chairman  of  a  committee  appointed  by  the  Directors 
at  their  last  meeting  to  prepare  suitable  Rules  and  Begulations  for  the 
government  of  the  Company,  repqrted  a  series  of  By  Laws,  which,  after 
some  discussion,  were  adopted  and  declared  to  be  the  laws  by  which 
the  Company  will  in  the  future  be  controlled. 

A  resolution  was  adopted  accepting  the  loan  granted  by  the  late  Con- 
vention iu  behalf  of  the  lload  and  returning  the  thanks  of  the  Com- 
pany to  the  Delegate  from  Martin  County,  aud  other  members  of  the  Con- 
vention, by  whose  efforts  the  same  was  effected. 

The  following  resolution,  offered  by  Capt.  Wm.  Biggs,  was  unani- 
mously adopted  by  the  meeting. 

Resolved,  That  it  is  the  desire  of  the  Stockholders  of  the  Company  that  the 
location  and  construction  of  the  Road  should  be  pioceed^d  with  as  rapidly  as 
po&sible,  and  the  Directors  are  hereby  instructed  to  use  eveiy  available  means 
to  accomplish  this  result. 

Ou  motion  of  J.  Edwin  Moore,  Esq.,  the  following  resolution  was 
adopted. 

Resolved,  That  the  President  and  Directors  are  hereby  authorized  and  em- 
powered to  borrow  money  in  behalf  of  the  Company  on  such  terms  and  condi- 
tions as  may  to  them  seem  Lest,  the  amount  thus  borrowed  not  o  exceed  fifty 
thousand  Dollars. 

The  election  of  Seven  Directors  for  the  ensuing  year    was  then,  on 


motion,  entered  upon,  under  the  superintendence  of  Elder  C.  B.  Has- 
sell  and  Gen'l  W.  (x.  Lewis,  and  the  following  gentlemen,  having  receiv- 
ed a  majority  of  the  votes  cast,  were  declared  duly  elected,  viz  :  lion. 
J.  R.  Stubbs,  Hon.  Asa  Biggs,  II.  D.  Ilobason,  D.  W.  Bagley,  J.  Edwin 
Moore,  Jos.  S.  Staton,  Esqrs,  and  Elder  C.  B.  Hassell. 

A  resolution  was  adopted,  authorizing  the  Directors  to  have  the 
Charter  of  the  Company.  By-Laws,  Reports  ot  the  different  officers,  and 
proceedings  of  this  meeting  published  in  such  form  as  they  may  deem 
most  suitable. 

On  motion,  the  Secretary  was  directed  to  furnish  a  copy  of  there 
proceedings  to  the  Tarboro'  Southerner  for  publication,  with  a  request 
that  the  State  and  Norfolk,  Va.,  papers  copy  the  same. 

The  meeting  then  adjourned. 

A.  II.  COFFIELD,  Chairman. 

J.  Edwin  Moore,  Secretary. 


PRESIDENT'S    REPORT. 


To  the  Stockholders  of  the  Williamston  and  Tarboro'  Rail  Koad  Company. 
Gentlemen  : 

Twelve  months  having  elapsed  since  your  last  assemblage,  I  submit 
for  your  consideration  the  following  report: 

As  early  as  practicable  after  I  was  elected  President  of  the  Company, 
I  procured  the  services  of  Gen'l  VV.  G.  Lewis,  to  make  the  preliminary 
survey  necessary  to  the  proper  location  of  a  Rail  Roid  from  some  point 
at  or  near  Williamston,  to  some  poiut  at  or  near  the  town  of  Tarboro'. 
Gen'l  Lewis,  after  procuring  the  necessary  assistants,  commenced  the 
work  on  the  6th  of  August  last,  and  prosecuted  it  to  completion  with 
commendable  energy  and  industry.  By  reference  to  bis  report  made 
Octobet  21,  18G7,  wb  ch  accompanies  this,  it  will  be  seen  that  he  sur- 
veyed two  lines.  Line  No.  1.  begins  at  a  point  on  the  Tarboro'  branch 
Kail  Road,  near  the  Tarboro'  depot,  passing  down  the  street  constitu- 
ting the  eastern  boundary  of  the  town  of  Tarboro'  and  thence  by  a  sharp 
deflection  to  the  Eastward  direct  to  a  point  called  Braudou,  about  one 
fourth  of  a  mile  North  of  Bethel,  in  Pitt  County.  Thence  by  a  slight 
deflection  towards  the  North,  to  Robetsonville,  thence  to  the  town  of 
Williamstuo  and  thence  following  the  ravine  between  what  is  called  old 
and  new  town,  to  the  Roanoke  river  just  above  the  County  wharf. 

Line  No.  2.  commences  at  a  point  on  the  Tarboro' branch  Rail  Road 
East  of  Tar  River  and  ruus  direct  to  Brandon,  which  as  L  have  before 
stated  is  about  one  fourth  of  a  mile  North  of  Bethel.  Here  lines  No. 
1  and  No.   2  meet  and  are  identical  from  thence  to  the  Roanoke  River. 

The  distance  from  the  Depot  at  Tarboro'  to  the  Roanoke  River  on 
line  No.  1  is  30  93-100  miles. 

The  distance  from  the  terminus  of  the  Tarboro'  branch  Rail  Road 
to  the  Roanoke  River  on  line  No.  2  is  29  98  100  miles. 

The  distance  from  Tarboro'  to  Williamston  by  straight  Iineis26  79  100 
miles  aud  from  the  terminus  of  the  Tarboro'  branch  Rail  Road  to  Wil- 
liamston 25  60-100  miles. 

It  will  be  seen  by  referer  ce  to  Gen'l  Lewis's  report  and  the  append- 
ices thereto,  that  his  estimates  for  line  No.  1  ready  for  the  iron,  including 
graduation,  cross  ties,  trestle  work,  cattle  guards,  drains,  road  crossiugs, 
bridges,  masonry,  warehouses,  ticket  offices,  wood  and  water  stations 
aud  wharf  amount  to  $98887.15,  and  for  line  No.  2  to  $74598.37. 

Ills  estimates  of  the  road  od.  line  No.  1  complete;including  2  Locomotives, 


..,  x  Baggage  and  Express  Car,  _„  .  .«  *  ._.0...  ^*lS, 
10  Flat  Cars,  2  Crank  Cars,  Repairing  Shop  and  Engine  House,  Engi- 
neering and  General  Superintendence,  amount  to  8279280  90,  aud  on 
line  No.  2  to  $251543.37. 

It  may  be  proper  to  mention  that  these  estimates  are  made  upon  a 
specie  basis. 

For  further  information,  as  to  the  character  of  the  Country  through 
which  these  lines  were  run  <fcc,  I  beg  leave  to  refer  you  to  said  report 
and  accompaning  maps  aud  profiles.  An  1  for  thefiuaucial  condition  of 
the  Compauy  1  respectfully  refer  you  to  the  Treasurer's  lleport. 

During  the  past  year  I  have  visited  Wilmington,  Raleigh,  Norfolk 
aud  Baltimore,  on  business  conuected  with  the  building  of  the  Road. 
My  business  in  visiting  the  two  last  named  Cities,  was  to  co-operate 
with  those  gentlemen  who  had  been  appointed  to  open  books  and  receive 
subscriptions  to  the  Capital  Stock  of  the  Road.  Upon  conference  with 
them  I  became  satisfied,  that  owing  to  the  failure  of  crops  last  year, 
the  stringency  which  at  that  time  existed  in  the  money  market,  and 
other  causes,  that  then  was  not  the  proper  time  to  press  the  matter. 

On  the  11th  of  March  lust,  the  Convention  then  in  session  at  Raleigh 
passed  an  Ordinance,  entitled  "An  Ordinance  to  aid  the  Williamston 
and  Tarboro'  Rail  Road  Compauy,"  by  which  it  is  provided  "  that 
whenever  the  President  of  said  Company  shall  certify  to  the  Governor 
of  the  State  that  said  Road  is  graded,  he  shall  direct  the  Public  Treasurer 
to  loan  in  behalf  of  the  State  to  said  Company  the  sum  of  One  Hun- 
dred and  Fifty  Thousand  Dollars  in  Coupon  Bonds/'  It  will  be  ob- 
served that  this  loan  is  made  contingent  upon  our  gradiug  the  Road, 
audi  therefore  call  the  attention  of  the  Company  to  the  great  impor- 
tance of  meeting  this  requirement  at  the  earliest  possible  day,  either 
by  raisins  money  from  the  Stockholders,  by  loan,  or  otherwise.  It  is 
provided  by  this  Ordinance  "  that  the  Stockholders  or  the  said  Compas 
ny  may  pay  the  Stock  subscribed  by  them,  either  in  money,  labor,  or 
material  for  constructing  said  road,  as  the  Board  of  Directors  may  de- 
termine. And  that  all  Couuties  and  Towns  subscribing  Stock  to  said 
Company  shall  do  so  in  the  same  manner  and  under  the  same  rules  as 
are  set  forth  and  prescribed  in   the  Act  Incorporating  said  Company." 

It  seems  to  me  that  by  collecting  such  installments  as  the  Stockhold- 
ers may  be  able  to  pay  without  serious  inconvenience — by  allowing 
those  who  choose  to  do  so  to  pay  their  Stock  in  labor,  and  by  applying 
to  the  next  General  Assembly  for  a  loan,  which  may  be  made  available 
at  once,  the  Road  can  be  graded  before  the  end  of  the  present  vear, 
when  we  can  call  for  the  loan  of  $150,000  in  bonds  already  provided  for  by 
the  Ordinance,  and  thus  put  the  completion  of  the  Road,  at  an  eaily 
day,  beyond  all  doubt. 

It  is  a  source  of  much  regret  that  so  little  has  been  done  during  the 
past  year  towards  the  building  of  this  much  desired  Road.     With°  but 
little  money  we   have  accomplished  but  little.     But   by  united  action, 
energy,  and  perseverance  we  can  not  fail  to  succeed. 
Respectfully  submitted. 

U  J.  R.  STUBBS,  President. 

Williamston,  N.  C,  June  26th,  1868. 


ENGINEER'S  REPORT. 


ENGINEER'S 

TVlLLIAMSTON    '& 

Tarboro 


SR'S  OFFICE,  ) 
Tarboro'  Rail  Road,  > 
>',  JN.  C,  Oct.  21st,  1867.) 


To    the    President  and   Directors  of  the  Williamston   &  Tarboro'  B.  E.    Co. 
Gentlemen  : 

In  obedience  to  instructions  received  from  tfce  President  of  your 
Road,  I  commenced  the  preliminary  surveys,  for  the  purpose  of  ascer. 
tuiniug  the  cost  of  construction,  ou  the  6th  of  August  last,  assisted  by 
Capt.  J.  Calder  Turner. 

Line  No.  1.  begins  at  a  point  on  the  Tarboro'  branch  Rail  Road,  near 
the  deput  at  Tarboro',  and  passes  down  the  street  constituting  the 
Eastern  boundary  line  of  the  town,  crossing  Tar  River  at  the  South  Eats 
corner  of  said  town  and  thence  by  a  sharp  deflection  to  the  Eastward, 
direct  to  a  point  about  one  fourth  of  a  mile  North  of  Bethel  Church, 
iu  Pitt  County  ;  theuee  by  a  slignt  deflection  towards  the  North  di- 
rect to  Robersouville ;  thence  by  a  deflection  scarcely  perceptible  direct 
to  Williamston  ;  and  thence  fol. owing  the  hollow  of  a  small  stream,  be- 
tween wliLt  is  called  the  old  and  new  towns,  to  the  Roanoke  River  just 
above  the  County  Landing. 

The  only  difficulty  of  any  magnitude  meet  with  on  this  line  is  the 
crossing  of  Tar  River. 

This  can  be  doue  by  a  Howe  Tru^s  bridge  of  one  span  of  240  feet, 
and  a  short  girder  bridge  of  80  feet  span — with  two  abutments  of  stone, 
about  25  feet  in  height.  It  will  require  about  three  thousand  feet  of 
trestle  work  to  effect  a  safe  crossing  over  the  river  bottom,  which  is  sub- 
ject to  frequent  and  destructive  inundations  at  that  point.  The  grade 
will  not  be  over  23  feet  above  the  su-face  of  the  ground  at  auy  point 
on  the  trestle. 

After  leaving  Tar  River  bottom,  the  surface  of  the  Earth  is  almost 
level,  until  we  approach  Flat  Swamp,  when  it  becomes  somewhat  rols 
ling,  but  the  grade  line  follows  the  surface  so  c.osely  that  the  cost  of 
grading  will  be  very  light. 


I 


The  streams  flowing  into  Tar  River  present  no  difficulties,  as  they  are 
'crossed  by  the  line  not  far  distant  from  their  sources,  and  their  beds 
areT)ut  a  few  feet  below  the  surface  of  the  adjacent  country.  These 
streams  flow  towards  the  South,  whereas  those  flowing  into  Roanoke 
River  run  towards  the  North. 

We  cross  Beaver  Dam  Creek  at  an  elevation  of  about  23  feet,  and 
Wild  Cat  branch  at  an  elevation  of  about  20  feet,  and  Yarrell  Branch 
at  an  elevation  of  about  18  feet,  also  two  narrow  but  deep  ravines  near 
Stephen  Peels.  All  of  these  last  named  streams  are  tributaries  of  the 
Roanoke  River.  A  large  portion  cf  the  cost  of  griding  will  be  in 
crossing  these  streams,  but  I  understand  from  citizens  residing  in  their 
vicinity,  that  these  streams  can  be  crossed  at  points  where  their  beds  are 
but  little  below  the  surface  of  the  surrounding  country,  by  locating  the 
Hne  about  one  hall  ot  a  mile  to  the  South  of  where  it  now  is,  thereby 
saving  considerably  in  the  construction  of  the  Road. 

A  maximum  grade  of  31  feet  to  the  mile  was  determined  upt>n,  but 
it  was  found  necessary  to  use  a  grade  of  80  feet  to  the  mile  between 
the  Western  boundary  of  Williamston  and  the  Roanoke  River  bottom, 
to  save  great  expense.  This  would  be  very  objectionable  on  the  main 
Hne,  but  where  it  is  used  there  is  but  littlj  objection  to  it. 

Line  No.  2,  commences  at  a  point  on  the  Tarboro'  Branch  Rail  Road, 
East  of  Tar  River  and  near  the  terminus  of  said  Road  and  runs  direct 
to  a  point  about  one  fourth  of  a  mile  North  of  Bethel  Church,  at 
which  point  it  makes  a  junction  with  line  No.  1,  and  from  thence  it  is 
identical  with  it. 

The  country  through  which  this  line  passes  is  very  level  and  open. — 
There  are  no  difficulties  worthy  of  notice  met  with  on  this  line  from 
its  point  of  beginning,  to  where  it  joins  line  No.  1. 

There  is  sufficient  timber  near  these  lines  for  all  purposes  of  the 
road  for  many  years.  The  soil  is  easily  worked,  there  being  no 
stone  and  but  little,  if  any,  hard  clays.  The  entire  gradation  of  the 
Road  bed  can  be  easily  and  successfully  accomplished  by  persons 
residing  in  close  proximity  to  the  line  of  the  Road,  and  at  but  very 
light  cost,  receiving  their  compensation  in  stock  of  the  Road.  If 
persons,  whose  property  will  be  more  than  doubled  in  value  by  the 
successful  completion  of  your  Road,  will  determine  to  grade  it  in  this 
manner,  its  success  will  no  longer  be  a  matter  of  doubt. 

The  estimates  on  these  lines  have  been  made  with  great  care.  A 
specie  basis  has  been  used,  on  account  of  the  fluctuations  in  the 
value  of  other  kinds  of  funds. 

On  line  No.  1,  they  are  as  follows : 

Graduation,  including  bridges,  trestle  work,  cattle  dols.  (  cts. 
guards,  culverts,  masonry  and  cross  ties,  «  90592    15 

Iron,  chains,  spikes,  and  laying  superstruction,  137799    75, 

Ware   houses,  ticket  offices,  station  houses,  wharf, 
repair  shop  and  engine  house,  -  6785    00 

Engineering  and  General  Superintendence,      %  7000    00 

Rolling  Stock,  -  -  -  -  37113    00 


Total, 


279289    90 


1  DOT.S. 

CTS. 

66313 

37 

134332 

UO 

Q785 

00 

7000 

00 

37113 

00 

'251543 

37 

10 

■■• 

On  line  No.  2,  the  estimates  are  as  follows  : 
Graduation,  including  cross  ties,  trestle  work,  cul- 
verts and  cattle  guards, 

Iron,  chains,  spikes  and  laying  superstructure, 
Ware  houses,  ticket    offices,  station  houses,  .wharf. 
and  repair  shop  and  engine  houses, 

Engineering  and  General  Superintendence, 
Rolling   Stock,  s 


Total, 

The  repair  shops  estimated  for  are  only  temporary  structures. 
with  no  machinery. 

The  weight  of  iron  estimated  for  is  45  lbs  to  the  linea!  yard.  This  is 
deemed  sufficient  weight  to  resist  the  wear  and  tear  of  the  rolling  stock 
proposed  to  be  used,  even  if  thd  business  of  your  road  should  prove  to 
be  far  heavier  than  anticipated.  The  weight  of  the  irou  on  the  Tar- 
boro' Branch  road  is  40  lbs  to  the  yard,  and  has  beeu  in  use  for  seven 
years  and  shows  almost  no  wear.    ' 

For  more  detailed  estimates  1  refer  you  to  papers  attached  to  this 
report  marked  A,  13,  C  and  D,  which  show  the  prices  of  the  .-different 
articles  estimated  for. 

■  It  will  be  noticed  that  the  estimated  cost  of  line  No.  1,  exceeds  that 
of 'line  No.  2  $27746  53-100.  This  is  caused  by  the  crossiug  of  Tar 
River.  After  a  more  careful  examination  of  the  River,  I  l'eel  confi- 
deut  that  this  difference  in  cost  can  be  reduced  310,000  ()0T00.  by  cros- 
sing the  River  about  oue  fourth  of  a  mile  above  the  point  at  which  th,e 
present  line  crosses.' 

It  would  require  two  thousand  feet  of  trestle  work,  less,  and  not  so 
long  a  bridge  and  less  masonry. 

This  change  of  line  would  therefore  reduce  the  difference  to  $177- 
46  53-100. 

Indeterminingthe  location  of  the  line  as  it  approaches  Tarboro',  from 
the  point  of  intersection  of  the  two  present  lines,  it  should  be  borne  in 
mind  that  line  No.  1,  terminates  at  or  near  the  depot  of  the  Tarboro' 
Branch  road  at  Tarboro',  whereas  line  No.  2  has  its  terminus  five  miles 
from  Tarboro'  by  nearest  Country  road,  and  two  and  a  half  miles 
by  Tarboro'  Branch  road,  Tar  River  being  between  its  terminus  and 
Tarboro'.  Should  an  agreement  be  made  with  the  W.  &  \\\  R.  R.  Co. 
to  allow  you  the  use  of  the  2  1-2  miles  of  the  Tarboro'  Branch  road, 
and  should  such  an  agreement  be  broken  or  any  disagreement  occur  be- 
tween the  managers  of  the  two  roads,  it  would  necessitate  the  building 
of  your  road  to  Tarboro'  at  a  cost  of  more  than  twice  the  difference 
between  the  estimates  of  the  two  lines. 

The  estimates  have  been  made  for  a  first  class  single  track  rail  road, 
the  width  of  road  bed  on  embankments  being  12  feet,  and  in  excava- 
tion 18  feet.  At  turnouts  the  width  of  road  bed  assumed  for  the 
double  track  is  25  feet  on  embankments  and  32  feet  in  excavations. 

A  map  of  the  lines,  and  profiles  showing  the  surface  of  the  ground 
and  the  gradients  used,  accompany  this  report. 

In  addition  to  these,  I  would  most  respectfully  refer  the  board  to 
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appendix  E.  for  information  in  regard  to  relative  heights  of  points  of 
importance,  and  also  the  distances  on  the  lines  run,  from  their  points 
of  beginning  to  termination,  and  the  direct   distance   from  Ta.'boro'  to 

Williamston,  and  from  Terminus  of  the  Tarboro'  Branch  Rail  Itoad  to 
Williamston 

These  surveys  were  made  for  the  purpose  of  ascertaining  the  cost  of 
construction  of  your  road,  and  it  is  not  within  the  province  of  this  re- 
port to  enter  into  details  of  the  business  prospects  of,  nor  to  give 
.statements  upon  which  you  can  form  a  correct  opinion  as  to  the  great 
advantage  your  road  will  be  to  the  Country  through  which  it  vull  pass. 
But  a  few  reflections  may  not  be  out  of  place. 

Your  road  will  be  the  great  thoroughfare  for  all  the  vast  and  varied 
productions  of  the  Albemarle  Country,  including  the  immense  fishes 
ries  established  upon.  .  the  different  tributaries  of  the  Sounds,  as  they 
will  naturally  seek  a  market  in  the  interior  of  our  great  State. — 
The  corn  and  bacon  of  Hyde,  Tyrrell,  Peiquimmous  and  other  Coun- 
ties of  the  two  Sounds  will  seek  an  outlet  by  your  road,  for  Wilrningt 
ton  will  give  them  a  better  market  for  such  productions  than  can  be 
found  elsewhere;  while  .the  Cotton  of  Edgecombe,  Pitt  and  upper  pors 
tions  of  Martin,  will 'go  over  your  road  as  a  better  and  cheaper  line  to 
the  Norfolk,  Baltimore  and  New  York  markets. 

The  population  of  the  entire  Sound  vicinity  will  seek  this  route  to 
pass  to  all sections'  of  the  State,  and  seekers  of  pleasure  will  avail  them- 
selves of  this  the  shortest  and  most  pleasant  route  to  Nags  Head  and 
other  watering  places  on  the  Sea  Coast. 

••-''Y'ou.r  road  will  pass  within  14  miles  of  Greenville,  the  County  seat 
of  Pitt  County,  which  is  now  25  miles  distant  from  the  nearest  railroad 
line,  and  will  give  an-outle.t  to  the  very  rich  country  bordering  on 
Griudle  Creek,  which  needs  rail  road  communication  alone  to  render 
itthe  most  flourishing  and  wealthiest-  farming  section  of  Eastern  Noith 
Carolina.'  •  -  .■■-'..  ,. 

(Tn  fact,i  along  the  whole  line  .of  your  road,  you  will  find  the  country 
vei'y  rich,  well  watered  and  well  .timbered,  producing  all  the  products 
of  this1  climate  in  abundance  and  yielding  superabundantly  when  pro- 
perly cultivated,  -retaining  -fertilizers,  remarkably  well,  arjd 
returning' to  the  husbandman  a  rich  reward  for  his  labour. 

'•■'Your 'road  passes  -through  the  celebrated  Conetoe  lands,  which  are 
nbfr  surpassed  in  -fertility  .by  any  lands  in  North  Carolina,  and  also 
through  a  healthy,  rolling  country  in  the  vicinity  of  Bobinsonville. 

(  MdrT  and  other  fertilizers  in  abundance,  abound  along  the  entire 
lrh'e.  ^-'-Aiifl.  nothing. is. needed  to  bring  wealth-  to.  the. possession  of 
the'  people,  living  in-the  vicinity  of  the  road  but  industry;  and  a 
proper  appreciation  of  the  vast  .and  incalculable,  benefit  the  con- 
sri-nctaW  of  this  road  wouklbe  to  them.  Why  then  will,  they  slumber 
in^'ovekfy,  when  certain  wealth  .would  .flow  to  them-  from  the  com- 
ple'-ion  t)f  your  great  public  enterprise.? 

Ail  of 'which  is  most  respectfully  submitted. 

W.  G-.  LEWIS, 
Chief  Engineer^ 


APPENDIX  A. 

Williamston  and  Tarbaro'  Rail  Boad. 

Estimates  for  Line  No,  1.  from  a  point  on  the  Tarboro'  Branch 
Rail  Road,  near  the  depot  at  Tarboro',  to  Roanoke  River  at  Wil- 
liamston, in  specie. 


Dols. 

Cts. 

90566 

Cub.  Yds  Excavation  at  13  cts. 

11773 

53 

170575 

"       "      Embankment  at  13  cts. 

22174 

75 

868394 

Ft.  B.  M.  Trestle,  drains,   cattle  guards,   &c. 

at  $30  100-100. 

26051 

82 

618 

Cub.  Yds  Masonry  at  $9  100-000. 

5562 

00 

240 

Ft  of  Howe  Truss  bridge  at  $32  00-100. 

7680 

00 

80 

Girder  bridge  at  $11  00-100. 

880 

00 

2206 

Tons  rails  at  $52  00-100. 

114712 

00 

13725 

Chains  at  51  cts. 

6999 

75 

164700 

Lbs  spikes  at  4  cts. 

6588 

00 

82350 

Cross  ties  at  20  cts. 

16470 

00 

Track  Laying  at  $300  00-100  per  mile 

9500 

00 

4 

Warehouses,  ticket  offices  and  water  stations. 

4285 

00 

Wharf  at  Roanoke  River 

1000 

00 

2 

Locomotives — 18  tons — Cylinder  14x20. 

16421 

00 

1 

Passenger  Coach. 

2857 

00 

1 

Baggage  and  Express  Car. 

1785 

00 

20 

Box  freight  cars  at  $5  75  100-100. 

11500 

00 

10 

Flat  Cars  at  $4  25  00-100. 

4250 

00 

4 

Crank  Cars.                 ... 

300 

00 

Repair  shop  and  engine  house. 

1500 

00 

Engineering  and  General  Superintendence, 

7000 

00 

279289 

90 
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APPENDIX  B. 

Williamston  &  Tarboro'  Rail  Road. 

Estimates  for  Line  No.  2.  from  a  point  near  the  terminus  of  the 
Tarboro'  Branch  Rail  Road  East  of  Tar  River,  to  the  Roanoke  River 
at  Williamston  :  in  specie. 


92721 
162198 
571130 

80200 

2150 

13366 

160400 


2 
1 
1 

20 

10 

4 


Cub.  Yds  Excavation  at  13  cts. 

"       "     Embankment  at  13  cts. 
Ft.  B.  M.  Trestle,  draines,  cattle  guards  &c.  at 

$30  00-100, 
Cross  ties,  at  20  cts 
Tons  Rails,  at  $52  00-100 
Chains,  at  51  cts, 
Lbs  Spikes,  at  4  cts, 
Track  Laying,  $300  00-100  per  mile, 
Warehouses,   ticket  offices,   wood  and   water 

Stations,  « 

Wharf  at  Roanoke  River, 
Locomotives — 18  tons — Cylinders,  14x20, 
Passenger  Coach, 
Baggage  and  Express  Car, 
Box  freight  cars  at  $5  75  00-100, 
Flat  Cars,  $4  25  00-100, 
Crank  Cars,  - 

Repair  shop   and  engine  house, 
Engineering  and  General  Superintendence, 


Dols. 

12053 

21085 

17133 

16040 

111800 

6816 

6416 

9300 

4285 
1000 

16421 
2857 
1785 

11500 

4250 

300 

1500 

7000 


251543    57 


Cts. 
73 
74 

90 
00 
00 
00 
00 
00 
00 
00 
00 
00 
00 
00 
00 
00 
00 
00 
00 
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APPENDIX  C. 

Williams-ton  &  Tarboro'  Rail  Road. 

Estimates  for  Line  No.  2.  ready  for  the  iron,  including  cross  ties, 
graduation,  trestle  work,,  cattlejguards,  drains,  road  crossings,  ware- 
houses, ticket  offices,  wood  and  water  stations  and  wharf;  in. specie. 


92721 
162198 
571130 

80200 
4 


- 


Cub.  Yds  Excavation  at  13  fits 

"     "     Embankment  at  13  cts 
Ft.  B.  M.  Trestle,  drains,  cattle  guards,    road 

crossings  at  $30  00-100. 
Cross  ties  at  20  cts. 
Warehouses,,  ticket    offices,  wood  and  water 

stations,  " 

Wharf  at  Roanoke  River. 
Engineering  and  General  Superintendence. 

74598 
N.  B  — There  are  no  bridges  or  masonry  on  Line  Nc  2. 


Cts. 

73 

74 

90 
00 


0 
0 
00 


37 


00 


- 
.  APPENDIX  D. 


Williamston  &  Tarboro'  Rail  Road.     . 

Estimates  for  Line  No.  1.  ready  for  the  iron,  including  graduation, 
crossties,  trestle  work,  cattle  guards,  drains,  road  crossings,  bridges, 
masonry,  warehouses,  ticket  offices,  wood  and  water  stations  and 
wharf,  in  specie. 


90566 
170575 
868394 

240 

618 

80 

82350 

4 


Cub.  Yds.  Excavation  at  13  cts, 

"     "     Embankment  at  13  cts, 
Ft.  B.  M.  Trestle,  drains,  cattle  guards,  road 

crossings  $30  00-1000, 
Ft.  Howe  Truss  bridge  at  $32  00-100,       - 
Cub.  Yds  Masonry  at  $9  00-100, 
Girder  bridge  at  $11  00-100, 
Cross  ties,  at  20  cts,  - 

Warehouses,  ticket  offices,  wood   and   water 

stations,  -  -  - 

Wharf  at  Roanoke  River, 
Engineering  and  General  Superintendence, 
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APPENDIX  E- 


Names    of  Places. 


Tar  River,  Surface  of  Water,  on  Line  1 
Conetoe  Creek,       «  «       «     «      x 

"  "  ft  A        ««         9 

Bethel,  j  _  " 

Kobinsonville, 

Beaver  Creek,  Surface  of  water, 

Wild  Cat  Branch,  « 

Williamston,  at  Sta  1605 

Roanoke  River,  Surface  of  water 


.30  H,tlSoeife.I)ei,0t  *  T"rb0r0' t0  KaM°fc  K-er  on  li„e  N„.  1. 

wfell'MO  SSinUS  T-B-  A  E-  t0  EoMoke  K-eronline 
m  Distance  froni  Tarboro'  to  TniHan^on  by  straight  line,  26  79-100 
m  Dtoance  from  Terminus  of  T.  B.  R  ft  ft  Williamston  25  60-100 


• 


* 

■ 
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C.  B.  Hassell,  Treasurer,  in  Account  with  the  William- 
ston  and  Tarboro'  Rail  Road  Company. 

Dr. 


1867. 
Feb'ry 


April 
May 


July 


To  5  per  cent  on  $1000,  Satn'l  Rogers'  subscription 
"  5  per  cent  on  $1000,  Jos.  D.  Big°:s,         « 
"  5  per  cent  on  $1000,  C.  B.  Hassell,         " 
"  5  per  cent  on  $500,  J.  R.  Rogers,  " 

"  Amount  rec'd  of  D.  W.  Bagley,   Commissioner 
"  5  per  cent  on  83  shares,    collected  by  Commis- 
sioners Kader  Bigg*  &  Co.,  Norfolk. 
"  5  per  cent  on  46    shares    collected  by  Commis* 

sioner  Rob't  C.  Brown,  Tarboro'. 
"  Am't  rec'd  of  D.  W.  Bagley,    Commissioner,  in 
notes  and  cash  as  of  29th  April. 

Cr. 


50 
50 
50 
25 

860 

415 
230 
325 


1867. 
July 

Aug. 


Sept'r 


Oct'r 

Nov'r 

1868. 

Jan'y 

June 


11 

19 

23 
2i 

26 
2 
7 

12 
15 
17 
25 

6 

26 


By  Cash  paid  for  Account  Boot, 

"         "  J.    R.    Stubbs,    Pres't   per    Receipt 
"         "  J.  B.  Coffield  " 

((  U  R  « 

1     "         "  W.  G.  Lewis,  Chief  Engineer      " 


"  "  John  A.  Manning, 

"  "  Joel  Ward, 

"  M  Iseriah  Manning, 

"  "  W.  Gr.  Lewis,  Chief  Engineer, 

«  (t  u 

u         tt  "W"m.  Biggs,  for  Printing 
Amount  paid  J.  R.  Stubbs  President 

"      '   "  Dennis  Rawls 
"         "  H.  D.  Robason  15  Oct.  '67. 
Amount  to  balance  car'd  to  Act. 


1868. 

June  26,'To  Bal.  due  this  day  brought  down  to  Account 

of  which  there  is  Cash,  ~  45  36 

Drafts  &  Notes,  •  -  110 


$155  31 


1 

50 

100 

31 

49 

60 

200 

100 

40 

20 

5 

13 

50 

500 

450 

9 

50 

255 

2 

61 

65 

155 

36 

2005|00 


$155  36 
Gentlemen  : — The  undersigned  begs  leave  to  report  to  the  meeting  of  Stock- 
holders, tote  held  in  Williamston  on  this  t'ay,  the  foregoing  account  which  shows 
the  amount  o  monies  received  and  paid  out  by  him  as  Treasurer  of  the  Board  of 
Directors,  of  the  Williamston  &  Tarboro'  Rail  Road  Company  from  Feb'y  4,  1867 
to  the  present  time,  viz 

Receipts,  -  -  «  2005 

Disbursements,  *  •  '    ;;      ' 

Leaving  in  hand,  -  -  *>  ♦  '•'' 

One  hundred  and  fifty-five  dollars  and  thirty,  six  cents  remaining  in  the  Treasury. 
Respectfully  submitted  C.  B-  HASSELL,  Treasurer. 


FOR  USE  ONLY  IN 
THE  NORTH  CAROLINA  COLLECTION 


